सन २०१३-१४ करिता भारतीय संविधानाच्या 
अनुच्छेद २७५(१) अंतर्गत मंजुर निधीमधून 
आदिवासी शासकीय आश्रमशाळांमध्ये सिकरूम 
बांधकामाचे अंदाजपत्रकांना प्रशासकीय मान्यता 
देणेबाबत. 
महाराष्ट्र शासन 
आदिवासी विकास विभाग 
शासन निर्णय क्रमांकः आदिम -२०१८/प्र.क्र.८२/का-१९ 
मंत्रालय, मुंबई ४०० ०३२ 
तारीख: ०५/११/२०१८ 


आदिवासी विकास विभागाचे पत्र क्र.केंद्रिय-२०१३/प्र.क्र.६९/का.१९,दि.३०.०४.२०१३ 

आदिवासी विकास विभाग, शासन निर्णय क्रमांकः केंद्रिय-२०१३/प्र.क्र.६९/का-१९, दि. १४/०६/२०१३ व 
दि.२६.१२.२०१३ 

३) आदिवासी विकास विभाग ,शासन निर्णय -केंद्रिय-२०१८/प्र.क्र.४५/का.१९,दि.२९.०८.२०१८ 

४) आदिवासी विकास विभाग arrest निर्णय -केंद्रिय-२०१८/प्र.क्र.८२/का.१९,दि.०७.०९.२०१८ 

५) कार्यकारी अभियंता,सार्वजनिक बांधकाम(आदिवासी) विभाग,अमरावती यांचे पत्र क्र.साबांआवि/ता-२, 
१५३१/ १५३२/१५३९,दि.११.०९.२०१८ व दि.१२.०९.२०१८ 

६ कार्यकारी अभियंता,सार्वजनिक बांधकाम(आदिवासी) विभाग,चंद्रपूर यांचे पत्र क्र.११९८/तांत्रिक/२०१८ , 

दि.११.०९.२०१८. 

७) कार्यकारी अभियंता,सार्वजनिक बांधकाम(आदिवासी) विभाग,धुळे यांचे पत्र क्र.३६८४/सन-२०१८ , 

दि.०५.०९.२०१८. 


प्रस्तावना - 

सन २०१३-१४ करीता भारतीय संविधानाच्या अनुच्छेद २७५(१) अंतर्गत अनुदान या केंद्रीय 
योजनेअंतर्गत Construction of sick rooms in Govt Ashram Schools या योजनेकरीता प्रस्ताव केंद्र 
शासनास वाचा क्र.१ येथील पत्रान्वये सादर करण्यात आले होते. केंद्र ARAM Construction of sick 
rooms in Govt Ashram Schools साठी ३२६४.०० लक्ष इतका निधी मंजूर करून वाचा क्र.२ येथील 
पत्रान्वये वितरीत केला आहे. सदर निधी खर्च करण्यासाठी अंमलबजावणी यंत्रणेस वाचा क्र. ३ वरील शासन 
निर्णयान्वये वितरीत करण्यात आला आहे. % 
२. उपरोक्त मंजूर योजनेतंर्गत ५४ आश्रमशाळांमध्ये सिक रूम बांधण्यासाठी रू.९९७.७० लक्ष इतक्या 
रकमेसाठी वाचा क्र.३ वरील शासन निर्णयान्वये प्रशासकीय मान्यता देण्यात आलेली आहे.तसेच ६१ 
आश्रमशाळांमध्ये सिक रूम बांधण्यासाठी रू. ११०६.८८ लक्ष इतक्या रकमेसाठी वाचा क्र. ४ वरील शासन 
निर्णयान्वये प्रशासकीय मान्यता देण्यात आलेली आहे .सबब, सदर मंजूर निधीच्या अनुषंगाने कार्यकारी 
अभियंता, सार्वजनिक बांधकाम (आदिवासी) विभाग यांनी वाचा क्र. ६ व ७ वरील पत्रान्वये सादर केलेल्या २८ 
अंदाजपत्रकांना प्रशासकीय मान्यता देण्याचा प्रस्ताव शासनाच्या विचाराधीन होता. 


शासन निर्णय- 
प्रस्तुत निर्णयाद्वारे पुढील कामांच्या अंदाजपत्रकांना प्रशासकीय मान्यता प्रदान करण्यात येत आहे. 


शासन निर्णय क्रमांकः आदिम -२०१८/प्र.क्र.८२/का-१९ 


ia कामाचे नाव अंदाजपत्रकीय 
रक्‍कम (रु) 
प्रकल्प अधिकारी,एकात्मिक आदिवासी विकास प्रकल्प,धारणी 
१ TRI इंग्रजी माध्यम शाळा-बडनेरा ,ता.जि.अमरावती येथे सिक रूम बांधणे १९,७३,६५५/- 
झासकीय आश्रमझाळा-धानोरा ,ता.मोर्शी,जि.अमरावती येथे सिक रूम बांधणे १८,७९,६७१/- 
३ झासकीय आश्रमझाळा- खारी ता. धारणी,जि.अमरावती येथे सिक रूम बांधणे २०,६७,६३९/- 
प्रकल्प अधिकारी,एकात्मिक आदिवासी विकास प्रकल्प,किनवट 
8 TRIPTY आश्रमशाळा-कुपटी,ता. किनवट ,जि.नांदेड येथे सिक रूम see २१,१७,४६१/- 
4 ॥सकीय आश्रमशाळा-माहुर,ता. माहूर,जि.नांदेड येथे सिक रूम बांधणे २१,१७,४६१/- 
& TRIPLE आश्रमशाळा-तुळसी,ता. माहूर,जि.नांदेड येथे सिक रूम बांधणे २१,१७,४६१/- 
|७ | शासकीय आश्रमझाळा-तलाइगुडा,ता. किनवट ,जि.नांदेड येथे सिक रूम बांधणे २१,१७,४६१/- 
द झासकीय आश्रमशाळा- मोहापूर,ता. किनवट ,जि.नांदेड येथे सिक रूम बांधणे २१,१७,४६१/- 
g झासकीय आश्रमशाळा-केदारगुडा ,ता. हदगाव ,जि.नांदेड येथे सिक रूम बांधणे १९,४०,०६२/- 
१० | शासकीय आश्रमशाळा- पाटोदा,ता. किनवट ,जि.नांदेड येथे सिक रूम बांधणे २१,१७,४६१/- 
११ ग॥सकौय आश्रमशाळा-जलधारा ,ता. किनवट ,जि.नांदेड येथे सिक रूम बांधणे २१,१७,४६१/- 
प्रकल्प अधिकारी,एकात्मिक आदिवासी विकास प्रकल्प,अव 
१२ | शासकीय आश्रमशाळा-किन्हीराजा ,ता. मालेगाव ,जि.वाशिम येथे सिक रूम बांधणे १८,७९,६७१/- 
१३ | शासकीय आश्रमशाळा-सायखेडा,ता. संग्रामपूर ,जि.बुलढाणा येथे सिक रूम बांधणे १८,७९,६७१/- 
प्रकल्प अधिकारी,एकात्मिक आदिवासी विकास प्रकल्प,भामरागड 
१४ । शासकीय आश्रमशाळा-ताडगांव,ता. भामरागड ,जि.गडचिरोली येथे सिक रूम बांधणे २८,२६,९२८/- 
१५ TRIG आश्रमझाळा-कोटी,ता. भामरागड ,जि.गडचिरोली येथे सिक रूम बांधणे २८,९६,९२८/- 
Era ॥सकीय आश्रमशाळा- लाहेरी,ता. भामरागड ,जि.गडचिरोली येथे सिक रूम बांधणे २६. रद. 
प्रकल्प अधिकारी,एकात्मिक आदिवासी विकास प्रकल्प,एटापल्ली 
१७ | शासकीय आश्रमशाळा- जांभिया ,ता. एटापल्ली ,जि.गडचिरोली येथे सिक रूम बांधणे २७,५६,९२८/- 
प्रकल्प अधिकारी,एकात्मिक आदिवासी विकास प्रकल्प,अहेरी 
१८ | शासकीय आश्रमशाळा-सिरोंचा ,ता. सिरोंचा ,जि.गडचिरोली येथे सिक रूम बांधणे २७,२१,९२८/- 
प्रकल्प अधिकारी,एकात्मिक आदिवासी विकास प्रकल्प,गडचिरोली 
१९ TRIG आश्रमझाळा-कोरची ,ता. कोरची ,जि.गडचिरोली येथे सिक रूम बांधणे २९,६६,९२८/- 
२० TRIG आश्रमझाळा-ग्यारापत्ती ,ता. कोरची ,जि.गडचिरोली येथे सिक रूम बांधणे २९,६६,९२८/- 
प्रकल्प अधिकारी,एकात्मिक आदिवासी विकास प्रकल्प,चंद्रपूर 
२१ | शासकीय आश्रमशाळा- मारेगांव ,ता. सिंधेवाही,जि.चंद्रपूर येथे सिक रूम बांधणे २६,१८,१७०/- 
प्रकल्प अधिकारी,एकात्मिक आदिवासी विकास प्रकल्प,चंद्रपूर 
२२ | शासकीय आश्रमशाळा- लाडगाव,ता. काटोल,जि.नागपूर येथे सिक रूम बांधणे १७,४३,७९१/- 
२३ गसकीय आश्रमशाळा- हरदोली,ता. काटोल,जि .नागपूर ये सिक रूम बांधणे १८,५७,०२४/- 
२४ TRIPLE आश्रमशाळा-पांढुर्णा ,ता. आष्टी,जि.वर्धा येथे सिक रूम बांधणे १८,५७,०२४/- 
प्रकल्प अधिकारी,एकात्मिक आदिवासी विकास प्रकल्प,यावल 
२५ | शासकीय आश्रमश्ाळा- वैजापूर ,ता.चोपडा ,जि.जळगाव येथे सिक रूम बांधणे १८,१८,३२४/- 
२६ | शासकीय आश्रमशाळा- देवझिरी ,ता.चोपडा ,जि.जळगाव येथे सिक रूम बांधणे १८,१८,३२४/- 
२७ | शासकीय आश्रमशाळा- वागझिरी ,ता.यावल ,जि.जळगाव येथे सिक रूम बांधणे १८,१८,३२४/- 
२८ सकीय आश्रमशाळा- लालमाती,ता.रावेर ,जि.जळगाव येथे सिक रूम बांधणे १८,१८,३२४/- 
एकूण ६,१५,४५,३९७/- 


पृष्ठ ३ पैकी २ 
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२. विस्तृत अंदाजपत्रकानुसार वस्तु व सेवा कायद्याच्या अनुषंगाने शासनाकडून वेळोवेळी निर्गमित शासन 
निर्णय, परिपत्रक, सुचना इ. च्या आधारे कार्यवाही करावी. 

३. उपरोक्त नमूद कामे इतर कोणत्याही निधीतून करण्यात आलेली नाहीत व सदर आश्रमशाळांच्या 
समायोजन/बंद करण्याची कार्यवाही सुरू नाही याची खातरजमा करूनच कामे सुरू करण्यात यावीत.वरील 
कोणत्याही कामाची द्विरूक्ती होणार नाही याची संपूर्ण जबाबदारी संबंधित प्रकल्प अधिकारी यांची राहील. 

४. उपरोक्त अंदाजपत्रकांमध्ये फर्निचर (५%),विद्युतीकरण (२%),पाणीपुरवठा- स्वच्छता (2%) व वस्तु- सेवा 
कर (१८%) यांचा समावेश करण्यात आलेला आहे. सदर कामाची आर्थिक मर्यादा ही प्रशासकीय मान्यतेच्या 
रक्कमेच्या मर्यादेत ठेवण्याची दक्षता घ्यावी. 

५. या कामांची निविदा प्रक्रिया प्रचलित कार्यपद्धती/ नियमांचे पालन करुन करावी. तसेच बांधकामासंबधीचे 
उपयोगिता प्रमाणपत्र आर्थिक व भौतिक अहवाल झासनास विहित प्रपत्रात सादर करावे. 
६. सदर काम पुर्ण झाल्यानंतर त्याबाबतची चित्रफित/छायाचित्रे विभागाच्या व केंद्र शासनाच्या 
संकेतस्थळावर अपलोड करणे व कामाचे Geo-tagging करण्याची जबाबदारी संबंधित प्रकल्प अधिकारी, 
एकात्मिक आदिवासी विकास प्रकल्प व संबंधित सार्वजनिक बांधकाम (आदिवासी) विभाग यांची राहील. प्रस्तुत 
कामे पूर्ण झाल्यानंतर कामाच्या ठिकाणी सदरील काम केंद्रिय योजनेतून पूर्ण केले असल्याबाबतचा फलक 
लावण्यात यावा व कामाचे त्रयस्थ यंत्रणेमार्फत मुल्यमापन करण्यात यावे. 

७. सदर योजनेची अंमलबजावणी अंदाजपत्रके तयार केलेल्या संबंधित सार्वजनिक बांधकाम (आदिवासी) 
विभाग यांचे मार्फत करण्यात यावी. 


सदर aR निर्णय महाराष्ट्र शासनाच्या www.maharashtra.gov.in या संकेतस्थळावर उपलब्ध 
करण्यात आला असून त्याचा संकेताक २०१८११०५१२२९४११३२४ असा आहे. हा आदेशा डिजीटल स्वाक्षरीने 
साक्षांकित करुन काढण्यात येत आहे. 


महाराष्ट्राचे राज्यपाल यांच्या आदेशानुसार व नावाने. Ajitsingh 
R Rajput 55 
(अ.रा.राजपूत) 
कार्यासन अधिकारी 
प्रत, 


१ मा.मंत्री आदिवासी विकास यांचे खाजगी सचिव ,मंत्रालय,मुंबई 

२) मा.राज्यमंत्री आदिवासी विकास, यांचे खाजगी सचिव ,मंत्रालय,मुंबई 

३) प्रधान सचिव,आदिवासी विकास विभाग , मंत्रालय,मुंबई 

४) प्रधान सचिव,वित्त विभाग, मंत्रालय,मुंबई 

५) सह सचिव/उपसचिव,आदिवासी विकास, मंत्रालय,मुंबई 

६ आयुक्‍त,आदिवासी विकास,महाराष्ट्र राज्य,नाशिक 

७) अप्पर आयुक्‍त, आदिवासी विकास, नाशिक/ठाणे 

८) मुख्य अभियंता, बांधकाम व्यवस्थापन कक्ष, आदिवासी विकास विभाग, मंत्रालय, मुंबई 

९) प्रकल्प अधिकारी, एकात्मिक आदिवासी विकास प्रकल्प, धारणी, किनवट, अकोला, भामरागड, 
एटापल्ली, अहेरी, गडचिरोली, चंद्रपूर, नागपूर, यावल 

१० कार्यकारी अभियंता, सार्वजनिक बांधकाम (आदिवासी) विभाग, धुळे/अमरावती/चंद्रपूर 

११) संगणक समन्वयक,आदिवासी विकास विभाग,मंत्रालय,मुंबई 

१२) निवड नस्ती (का.१९) आदिवासी विकास विभाग,पमंत्रालय,मुंबई. 


पृष्ठ ३ पैकी ३ 


Name of work: Construction of Sick Room at Government Residential English 
Medium School Complex For Tribal Students Badnera - Tq & Dist.Amravati 
RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1554059.00 
B) |1) Electrification - Internal Add 02% on A =| 31081.18 
2)Ext.water supply & sanitation 02% on A 31081.18 
C) | GST @ 18% on construction cost 279730,62 
ID) | Furniture 5% on A 77702.95 
ee eee 1973654.93 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room at Government Tribal Ashram 
School at Dhanora Tq.Morshi Dist.Amravati 
RECAPUTULATION SHEET (For Administrative Approval) 


A) _|Cost of building | 
1) Construction of Sick Room (Area = 59.44Sqm) __| 1480056.00 
B) |1) Electrification - Internal Add 02% on A 29601.12 
2)Ext.water supply & sanitation 02% on A | 29601.12 
tee @ 18% on construction cost | 266410.08 
D) [Furniture 5% on A 74002.80 
Total 1879671.12 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


ष्ट्र 


Name of work: Construction of Sick Room at Government Tribal Ashram 
School at Khari Tq.Dharni Dist.Amravati 
RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building | 
1) Construction of Sick Room (Area = 59.44Sqm) 1628062.00 
B) |1) Electrification - Internal Add 02% on A 32561.24 
2)Ext.water supply & sanitation 02% on A | 32561.24 
C) | GST @ 18% on construction cost | 293051.16 
(D) [Furniture 5% on A | $1403.10 
Total 2067638.74 


CHIEF ENGINEER, 

WORK MANAGEMENT CELL, 
TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room at Government Tribal Ashram 
School at Kupti Tq.Kinwat Dist.Nanded 
RECAPUTULATION SHEET (For Administrative Approval) 


A) _|Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1667292.00 
B) |1) Electrification - Internal Add 02% on A 33345.84 
2)Ext.water supply & sanitation 02% on A 33345.84 
C) | GST @ 18% on construction cost 300112.56 
[D) [Furniture 5% on A 83364.60 


Total 2117460.84 


त. ENGINEER, 

WORK MANAGEMENT CELL, 
TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room at Ashram School Mahur 
Tq.Mahur Dist.Nanded 
RECAPUTULATION SHEET (For Administrative Approval) 


A) _ [Cost of building ] 
11) Construction of Sick Room (Area = 59.44Sqm) _ | 1667292.00 
B) 1) Electrification - Internal Add 02% on A | 33345.84 
2)Ext.water supply & sanitation 02% on A | 33345.84 
€) GST @ 18% on construction cost 300112.56 
D) _|Furniture 5% on A 83364.60 


2117460.84 


CHIEF ENGINEER, 

WORK MANAGEMENT CELL, 
TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


णि 


Name of work: Construction of Sick Room at Ashram School Mahur 
Tq.Tulsi Dist.Nanded 
RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building | 


1) Construction of Sick Room (Area = 59.44Sqm) 1667292.00 


B 


)_ |1) Electrification - Internal Add 02% on A 33345.84 


| 
| 2)Ext.water supply & sanitation 02% on A | 33345.84 
| 
] 
| 


al GST @ 18% on construction cost 300112.56 
D) |Furniture 5% on A 83364.60 
| Total 2117460.84 


SHIEF ENGINEER, 

WORK MANAGEMENT CELL, 
TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room at Ashram School Talaiguda 


Tq.Tulsi Dist.Nanded 
RECAPUTULATION SHEET (For Administrative Approval) 

A mie of building | 
1) Construction of Sick Room (Area = 59.44Sqm) _| 1667292.00 
B)_|1) Electrification - Internal Add 02% on A | 33345.84 
2)Ext.water supply & sanitation 02% on A | 33345.84 
C)_| GST @ 18% on construction cost | 300112.56 
[D) [Furniture 5% on A 83364.60 
Total 2117460.84 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room at Ashram School Mohapur 
Tq.Kinwat Dist.Nanded 
RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1667292.00 
७) |1) Electrification - Internal Add 02% on A 33345.84 
2)Ext.water supply & sanitation 02% on A 33345.84 
C) | GST @ 18% on construction cost 300112.56 
D) [Furniture 5% on A 83364.60 
Total 2117460.84 


CHIEF ENGINEER, 

WORK MANAGEMENT CELL, 
TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


*> 


alo 


Name of work: Construction of Sick Room at Ashram School Kedarguda 


Tq.Hadgaon Dist.Nanded 


“/=""RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building | 
1) Construction of Sick Room (Area  59.445वृण) | 1527608.00 
B) |1) Electrification - Internal Add 02% on A | 30552.16 
2)Ext.water supply & sanitation 02% on A | 30552.16 
C) | GST @ 18% on construction cost | 274969.44 
[D) | Furniture 5% on A | 76380.40 
Total 1940062.16 


=" GINEER, 

WORK MANAGEMENT CELL, 
TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


ne? 
Qe 


Name of work: Construction of Sick Room at Ashram School Patoda 
Tq.Kinwat Dist.Nanded 
RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) _| 1667292.00 
B) |1) Electrification - Internal Add 02% on A | 33345.84 
2)Ext.water supply & sanitation 02% on A | 33345.84 
ल | GST @ 18% on construction cost | 300112.56 
D) |Furniture 5% on A 83364.60 
Total 2117460.84 


Ee GINEER, 

WORK MANAGEMENT CELL, 
TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room at Ashram School Jaldhara 


Tq.Kinwat Dist.Nanded 
RECAPUTULATION SHEET (For Administrative Approval) 

A BY Cost of building | 
1) Construction of Sick Room (Area = 59.44Sqm) 1667292.00 
B) | 1) Electrification - Internal Add 02% on A 33345.84 
2)Ext.water supply & sanitation 02% on A 33345.84 
C) | GST @ 18% on construction cost 300112.56 
D) |Furniture 5% on A 83364.60 


| 2117460.84 


CHIEF ENGINEER, 

WORK MANAGEMENT CELL, 
TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


p> 


Name of work: Construction of Sick Room at Ashram School Kinhiraja 
Tq.Malegaon Dist.Washim 
RECAPUTULATION SHEET (For Administrative Approval) 

A) |Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1480056.00 
उ) |1) Electrification - Internal Add 02% on A 29601.12 
2)Ext.water supply & sanitation 02% on A 29601.12 
C)| GST @ 18% on construction cost 266410.08 
D) |Furniture 5% on A 74002.80 
Total 1879671.12 


\.. 


*HIEF ENGINEER, 

WORK MANAGEMENT CELL, 
TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room at Ashram School Saykheda 
Tq.Sangrampur Dist.Buldana 
RECAPUTULATION SHEET (For Administrative Approval) 


A) _|Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1480056.00 
नि 1) Electrification - Internal Add 02% on A 29601.12 
2)Ext.water supply & sanitation 02% on A 29601.12 
C) | GST @ 18% on construction cost 266410.08 
[D) | Furniture 5% on A 74002.80 
Total 1879671.12 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 
TRIBAL DEVELOPMENT DEPT., 


MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room in Government Ashram School 
Vaijapur Tq.Chopada Dist.Jalgaon 
RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1431751.38 
B) |1) Electrification - Internal Add 02% on A 28635.03 
2)Ext.water supply & sanitation 02% on A 28635.03 
C) | GST @ 18% on construction cost 257715,25 
[D) | Furniture 5% on A 71587.57 
Total 1818324.25 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room in Government Ashram School 
Devziri Tq.Chopada Dist.Jalgaon 
RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1431751.38 
|B) | 1) Electrification - Internal Add 02% on A 28635.03 
2)Ext.water supply & sanitation 02% on A 28635.03 
C) | GST @ 18% on construction cost 257715.25 
[D) | Furniture 5% on A 71587.57 
Total 1818324.25 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room in Government Ashram School 
Waghazira Tq. Yawal Dist.Jalgaon 
RECAPUTULATION SHEET (For Administrative Approval) 

A) |Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm’ 1431751.38 
B) |1) Electrification - Internal Add 02% on A 28635.03 
2)Ext.water supply & sanitation 02% on A 28635.03 
C) | GST @ 18% on construction cost 257715.25 
॥)) | Furniture 5% on A 71587.57 
Total 1818324.25 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room in Government Ashram School 


Lalmati Tq.Raver Dist.Jalgaon 


RECAPUTULATION SHEET (For Administrative Approval) 


A) [Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1431751.38 
B) |1) Electrification - Internal Add 02% on A 28635.03 
2)Ext.water supply & sanitation 02% on A 28635.03 
C) | GST @ 18% on construction cost 257715.25 
[D) [Furniture 5% on A 71587.57 
Total 1818324.25 

a 

CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


७ 


cE 


Name of work: Construction of Sick Room at Ashram School Tadgaon 


Tq.Bhamragad Dist.Gadchiroli 
RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1784983.00 
B) |1) Electrification - Internal Add 02% on A 35699.66 
2)Ext.water supply & sanitation 02% on A 35699.66 
C) |1)Internal Road (80 rmt 560000.00 
D)| GST @ 18% on construction cost 321296.94 
[E) [Furniture 5% on A 89249.15 
Total 2826928.41 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Health Check Up & Sick Room At.Govt.Tribal 
Ashram School Jambhiya Tq.Etapalli Dist.Gadchiroli 


RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1784983.00 
B) |1) Electrification - Internal Add 02% on A 35699.66 

fi 
2)Ext.water supply & sanitation 02% on A 35699.66 
C) |1)Internal Road (70 rmt) 490000.00 
D) | GST @ 18% on construction cost 321296.94 
[E) [Furniture 5% on A 89249.15 
Total 2756928.41 
2” 

CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Health Check Up & Sick Room 
At.Govt.Tribal Ashram School Laheri Tq.Bhamragad Dist.Gadchiroli 


RECAPUTULATION. SHEET (For A 


dministrative Approval) 


A) _|Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1784983.00 
B) 1) Electrification - Internal Add 02% on A 35699.66 
2)Ext.water supply & sanitation 02% on A 35699.66 
C) _|1)Internal Road (50 rmt) 350000.00 
D) | GST @ 18% on construction cost 321296.94 
[E) | Furniture 5% on A 89249.15 
Total 2616928.41 


CHIEF ENGINEER, 

WORK MANAGEMENT CELL, 
TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Health Check Up & Sick Room 
At.Govt.Tribal Ashram School Koti Tq.Bhamragad Dist.Gadchiroli 
RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1784983.00 
B) |1) Electrification - Internal Add 02% on A 35699.66 
2)Ext.water supply & sanitation 02% on A 35699.66 
C) |1)Internal Road (90 rmt 630000.00 
D) | GST @ 18% on construction cost 321296.94 
|E) [Furniture 5% on A 89249.15 
Total 2896928.41 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


fag) 


Ia 


Name of work: Construction of Health Check Up & Sick Room At.Govt.Tribal 
Ashram School Sironcha Tq.Sironcha Dist.Gadchiroli 
RECAPUTULATION SHEET (For Administrative Approval) 

A) _|Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) _| 1784983.00 
B) 1) Electrification - Internal Add 02% on A 35699.66 
[_|2)Ext.water supply & sanitation 02% on A 35699.66 
Cc 1)Internal Road (65 rmt) 455000.00 
D) __| GST @ 18% on construction cost | 321296.94 
[E) [Furniture 5% on A | 89249.15 
Total 2721928.41 

ye 

CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


की 
Name of work: Construction of Health Check Up & Sick Room 
At.Govt.Tribal Ashram School Korchi Tq.Korchi Dist.Gadchiroli 
RECAPUTULATION SHEET (For Administrative Approval) 
A) Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1784983.00 
B) | 1) Electrification - Internal Add 02% on A 35699.66 


| 
| 
2)Ext.water supply & sanitation 02% on A | 35699.66 
| 
| 


C) |1)Internal Road (100 rmt) 700000.00 
D) | | GST @ 18% on construction cost 321296.94 
E) [Furniture 5% on A 89249.15 
] Total 2966928.41 
CHIEF ENGINEER, 

WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Health Check Up & Sick Room 
At.Govt.Tribal Ashram School Gyrapatti Tq.Korchi Dist.Gadchiroli 
RECAPUTULATION SHEET (For Administrative Approval) 


A) [Cost of building ] 
1) Construction of Sick Room (Area = 59.44Sqm) | 1784983.00 
B) |1) Electrification - Internal Add 02% on A | 35699.66 
2)Ext.water supply & sanitation 02% on A | 35699.66 
C) |1)Internal Road (100 rmt) | 700000.00 
[D) | GST @ 18% on construction cost | 321296.94 
Furniture 5% on A | 89249.15 
Total 2966928.41 
.HIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


८. - 


Name of work: Construction of Sick Room At.Govt. Ashram School 
Maregaon Tq.Sindewhi Dist.Gadchiroli 
RECAPUTULATION SHEET (For Administrative Approval) 


A) _|Cost of building ] 
1) Construction of Sick Room (Area = 59.44Sqm) | 1510370.00 
B) 1) Electrification - Internal Add 02% on A | 30207.40 
2)Ext.water supply & sanitation 02% on A | 30207.40 
©)_|DInternal Road (100 rmt) | 700000.00 
[D) | GST @ 18% on construction cost | 271866.60 
[E)_| Furniture 5% on A 75518.50 
Total 2618169.90 

\U 

CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Health Check Up & Sick Room for Ashram 
School at Ladgaon Tq.Katol Dist.Nagpur 
RECAPUTULATION SHEET (For Administrative Approval) 


8) |Cost of building 


1) Construction of Sick Room (Area = 59.44Sqm) 1373064.00 
B) |1) Electrification - Internal Add 02% on A 27461.28 
2)Ext.water supply & sanitation 02% on A 27461.28 
९) | GST @ 18% on construction cost 24715152 
[D) | Furniture 5% on A 68653.20 
Total 1743791.28 

१. 

\ 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room At.Govt. Ashram School Hardoli 
Tq.Katol Dist.Nagpur 
RECAPUTULATION SHEET (For Administrative Approval 


A Cost of building 
1) Construction of Sick Room (Area = 59.44Sqm) 1462224.00 
B) 1) Electrification - Interrial Add 02% on A 29244.48 
2)Ext.water supply & sanitation 02% on A 29244.48 
Cc GST @ 18% on construction cost 263200.32 
[D) Furniture 5% on A 73111.20 
Total 1857024.48 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


Name of work: Construction of Sick Room At.Govt. Ashram School 
Pandhurna Tq.Asthti Dist.Wardha 
RECAPUTULATION SHEET (For Administrative Approval) 


A) |Cost of building 
|__|1) Construction of Sick Room (Area = 59.44Sqm) 1462224.00 
B) |1) Electrification - Internal Add 02% on A 29244.48 
2)Ext.water supply & sanitation 02% on A 29244.48 
C) | GST @ 18% on construction cost 263200.32 
[D) | Furniture 5% on A 73111.20 
Total 1857024.48 
CHIEF ENGINEER, 
WORK MANAGEMENT CELL, 


TRIBAL DEVELOPMENT DEPT., 
MANTRALAYA, MUMBAI-32 


